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ACTION OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO OCPE-OO OCL-OO FBOE-OO 
A-01 SY-05 /023W 

090391 111718Z/46 

P 111315Z JUL 78 
FM AMEMBASSY ACCRA 
TO AMEMBASSY BAMAKO PRIORITY 
INFO SECSTATE WASHDC PRIORITY 4495 
AMEMBASSY ABIDJAN PRIORITY 
AMEMBASSY MONROVIA PRIORITY 
AMEMBASSY NAIROBI PRIORITY 

CONFIDENTIAL ACCRA 5561 

DEPT FOR OC/PE, MONROVIA FOR ATO, ABIDJAN FOR TSO, 

NAIROBI FOR COMSPEC 

E.O. 11652: XGDS-2 
TAGS: AFAC, ASEC, ABLD 

SUBJ: BAMAKO-SHIELDED ENCLOSURE A/C RETROFIT 
REF: A) BAMAKO 3240; B) ACCRA 5488, C) BAMAKO 3157 

1 . REGRET RCO DID NOT RPT NOT MISUNDERSTAND BAMAKO 3157. 

2. RCO DOES NOT CONCUR IN POST RECOMMENDATIONS FOR 
FOLLOWING REASONS: 

(A) EXISTING CONCRETE PAD FOR CHILLER UNITS SUFFICIENTLY 
LARGE TO ACCOMMODATE ONE CHILLER UNIT CONTINUING TO 
OPERATE WHILE THE NEW CHILLERS ARE BEING INSTALLED 
ALONG SIDE IT. 

(B) AIR HANDLER UNITS ARE WITHIN THE DUCTING ON THE 
ENCLOSURE WALLS, (NOT INSIDE ENCLOSURE AS PREVIOUSLY 
STATED) THUS NEW PENETRATIONS WILL HAVE TO BE MADE AND 
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THE NEW AIR HANDLERS INSTALLED INSIDE THE ENCLOSURE. IF 
REQUIRED, THIS WILL ALLOW FOR SIMULTANEOUS OPERATION 
OF EXISTING AND TESTING OF NEW A/C UNITS WITH NO DOWN TIME 
OF A/C SYSTEM. 

(C) EXISTING SUN ROOF CAN BE USED TO SHIELD CHILLER 
UNITS FROM HOT SAHEL SUN. 
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D. NEW CHILLER UNITS CAN BE EASILY DISASSEMBLED FOR 
TRANSPORT TO ROOF BY LOCAL LABOR IF NECESSARY AND 
REASSEMBLED AT THE DESIRED LOCATION. 

(E) THIS OFFICE HAS NO INFORMATION CONCERNING THE FLOOR 
LOADING OF THE PROPOSED NEW LOCATION FOR THE CHILLERS 
AND WOULD RECOMMEND A COMPLETE NEW SURVEY PRIOR TO 
MAKING ANY SUCH CHANGE. BECAUSE OF THE DELAYS THIS WOULD 
CAUSE AND THE DESIRE OF THIS OFFICE TO COMPLETE THE 
A/C INSTALLATION AS SURVEYED, ENGINEERED AND PROVISIONED 
FOR, WE STRONGLY RECOMMEND THAT THE PROJECT PROCEED 
AS ENGINEERED. THIS OFFICE WOULD NOT BE ABLE TO 
SCHEDULE A RESURVEY UNTIL LATE FALL. 

3. FOR POST INFORMATION THE PHYSICAL SECURITY 
SPECIFICATIONS FOR A CCC VAULT COME UNDER OFFICE OF 
COMMUNICATIONS GUIDELINES (DTS-IS/1) NOT SY. ANY 
PENETRATIONS OF A CCC VAULT WALL, ROOF OR FLOOR MUST 

BE APPROVED BY THE OFFICE OF COMMUNICATIONS NOT AN AREA 
RSO. YOUR ATTENTION IS ALSO INVITED TO DEPT'S A-1260 
OF MARCH 28, 1978. 

4. REQUEST POST PROCEED WITH PROJECT AS OUTLINED IN 
OC/PE MEMO OF FEB 15, 1978, SUBJECT A/C SYSTEM IN 
ORDER PREVENT FURTHER DELAYS. 
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5. PENETRATIONS SHOULD BE AS INDICATED ON DRAWING 
AA-648, SHEET 2 OF 2; PARA 2.1.16 AND FIGURE 2-3 
OF DTS/IS 1. 

HOLMES 
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